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Eastman Kodak Company 
Rochester, New York 


Gentlemen: 

1. This document constitutes Amendne NO. IL to Contra 
No. INC-143 betwaen Eastman Kodak Company and the United States 
of America. —_— 


2. In accordance with the clause of this contract entitled 
"CHANGES" and mutual agreement between the parties hereto, the 
contract is amended in certain particulars as follows: 


_  @e In SECTION ¢ - ESTIMATED COST AND FIXED-FEE, of the 
contract schedule, as amended by Amendment No. 6, Paragraph 1 is 
deleted and the following paragraph is substituted therefor: 


"lL. The estimated cost of the performance of this 


contract, exclusive of the fixed-fee, is 25X1A 


be In SECTION A ~ CONTRACT WORK, of the contract schedule, 
as amended by Amendment No. 9, the following requirement is deleted: 


"Revise the Instruction Manual for the 94-inch 
Camera-Processor-Viewer to include deseriptions of the 
modifications and additions incorporated into the equip. 
ment." 


ce. SECTION D 2, INDIRECT COST, of the contract schedule 
is further amended to include the negotiated fixed overhead rates 
set forth below: 


Period Period 
29 Dea 1958 to 28 Dec 1959 to 
27 Dee 1 
Burden Center #17 25X1A 


G&A Expense 


3. By reason of the foregoing, the estimated total contrac 
price is increased ean soa oar RNS 25X1A 
All other terme, conditions an requirements of the contract, as 
amended, remain unchanged. 
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4, Please indicate your receipt of this Amendment No, 11 to 
Contract, No. INC-143 and your acceptance thereof by executing the 
original and two copies of this Amendment. Return the fully 


executed original and one copy of this Amendment to the undersigned 
and retain the remaining copy for your files, 


Yery truly yours, 
THE UNITED STATES OF AMERICA 


25X1A 


ACKNOWLEDGED AND ACCEPTED Bw, 


EASTMAN KODAK COMPANY 


TITLE Vice-President 


DATE. December 30, 1960 | 
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29 March 1960 


MEMORANDUM FOR THE RECORD — 


SUBJECT : Concurrence in Amendment No. 10 to Contract No. 


INC-143 with Eastman Kodak Company, Project 
zoe aaa aS 


1. This memorandum contains a recommendation submitted 
for concurrence of the undersigned. Such recommendation is 
contained in Paragraph 4. : 


2. Contract No. INC-143 and Amendments Nos. 1 through 9 
thereto provide for the design, fabrication, test and delivery 
of seven (7) Time Shared Camere Processors for Project 
25X14 [-—] hig Amendment No. 10 extends the completion date 
of the contract from 31 January 1960 to 30 dime 1960 during 
which time additional experimental work and tests will be con- 
ducted without increasing the contract price. 


3. No additional funds are obligated under Contract No. 
InNC-143 by Amendment No. 10. 


h, Concurrence in Amendment No. 10 to Contract No. 
INC-143 ia recommended. 
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